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SEVENTH AND LAWRENCE STREETS 

DENVER, COLORADO 

TELEPHONE MAIN 5314 


April 30, 1936 


Procurement Division 
Public Works Branch 
Treasury Department 
'r. James D. Owens, Constr. Engineer 
U.d. Mint Addition 
Denver, Colorado. 

Dear Sir: 


RE: 0 . s. MINT 


In connection with our contract #T1 Pi? 8500 for the remodel¬ 
ing and extension of the U.S. Mint, Denver, Colorado, we submit 
herewith our proposal in the amount of THREE HUNDRED FOURTEEN DOLLARS 
AND THIRTY SIX CENTS (£314.36) as a credit for the following omis¬ 
sions in the Ingot Melting Jtoora, requested in your letter of Aorll 
8, 1936. 

Omissions: 


Remove 564 sq.ft, tile partition f> .05 

646 sq.ft, new 6 W hollow tile to be placed- 

£26.20 


Omltted 0 .10 

116.86 


Millwork to be placed 

68.00 


Plastering on new tile & ceiling area 

187.50 


Electrical - omit switch 

3.50 


Glazing in partition #105 

88.00 


Hardware - door #105 

7.50 


v/ood floor - Computers office 

85.00 

1897.98 

Additions: 

154 sq.ft. 6" hollow tile to be placed 0 .16 

87.78 


Plastering now tile, old walls & ceiling area 

5,5-90 

03m62 

Net Deduction 



All other work in thlo area will bo performed as per plans and 
specifications and to the satisfaction of the Construction Engineer. 

e have oatinmted the painting as originally specified to be 
used on the revised work. 


e attach hereto substantiating quotations received from our sub¬ 
contractors. 

Kindly advise us as soon as possible if you desire this work to 
be omitted. 



GBF"H 










Change* in 3peee Allotment 
Onissiona Ingot Halting rtoon. 


ue nvor, Cola* U*b*liir.t* 


?•**.. iJ-iW v?7 



J^&aa D# Oa«iv, 

U* ^# Hint, TatiTov* 


7)en var, Col rado 
Bay 1st, W% 


auparriain# Vaginae?, 

Procurenent Jl via urn, 

Public tor tea Branch, 

Washington, D« C. 

Sir! 

In reference to tha contract with F* w# 

Kirohoff Conotraction Co* for ravelins and 
extern ion of the U#3* Pint, .Denver, eaC ooa- 
plying with authorization contained in Dopert- 
fiiant tulegrara of !larch. 38, 1938, to asks certain 
oh-ngaa about the building repeated by iha 
Superintendent of the Hint; 

Contained herein la a uropoeal fro® tha 
Contractor in tha ©mount of 1314*56, bain? net 
deduction for oniaaior of ©ertaio wc**k in oonnec- 
tlon with the Incot Haltin’ Horn end Cosputor*o 
office* Attache) alno era supporting papers 
it or.) zincin u.nti.il work to be omitted ana additions 
that will ba n»c ssary to complete th© area in a 
satisfactory Manner - it being definitely uMoratood 
that the Contractor perform all contract work end effect 
any adjustments neoessery between thet work and tha new 
work to ba performed# 

In omitting the new partitions originally speci¬ 
fied it baeortsa raeeesaiy to fur out a apace between 
center column In tha area nnl the freight ©levator hi tch¬ 
way In order to Incaae number of flues an>l ducts that will 
bo exposed khan the SI ^ Vault is removed* 

Ihio chciwre also includes pointing and plastering of 
the new furred «rea end al o provides for a new rop cull¬ 
ing, plastering end pointing over the old K * R Vault whan 
it 1* removed# This additional work a ounte to *&c .or:. 


, r 2~0Ei»*loa* Ingot ? citing :<acn* 5/1/-6 


vh«n thie amount la taken f rotA the net e»ei- »iowe 
f*iG7 QO no artiTs rt a S3 t doittctlou O. **3X4*36 
f«r the oitieelon and adjustacatc In thin particular area. 

A careful check of the it«i-etioneovorinr; thie 
*ox* erf the ocniittone to be treated, tea ha«*n *ajc 
2? the writer and I find tho Cortroctor'o fi r roc fair and 
wimble for the ltaua inTolvod end $«”•{* r * eo &m * 
th t the work be emitted e» doeerlbed herein* 

‘fue tint suaerintenuent ro ues tad these cw.l alone 
n January 21* ICStt end the writer tnuhrfitta-J o&me ui*a«r 
date of February l’t, together with the eVctchcs indicating 

the desired re-arrangcMent. 

You re very truly, 

Jr nee t* Owens 


Cone l rue t X or tj.tI r ce" • 




Changes In Space Allotment 
0»lr alone Ingot felting Room* 


Denver, Colo, U.S.Mint 


JsRes 

’ * s. 


U.~6-B-27 


% Owens, Denver, Colorado 

Vint, Denver, 

Jttpy 1st, 1936. 


Supervising Engineer, 
Procurement division. 
Public lor 5 'a Branch, 
Washlrrton, :>* C* 

Sir* 


In reference to the contract with F, J. 

Kirchaf Conot /, uctlon Co, for renodcling end 
exton. ion of the U,S, Mint* Denver, an 1 com¬ 
plying with aut'ori action contained in Depcrt— 
meat tolegrac, of Porch S 6 , 1936, to make certain 
chngea about the building requested by the 
Superintendent of the 1 int; 

Contained herein is a proposal from the 
Contractor in the amount of ^’314,36, being »t 
deduction for omission of certain work In eonnec- 
tion with the Ingot tel tin* Room and Coi 8 putor f s 
offlee. Attache! al*o are supporting papers 
itemizing in detr.il m >rk to be omitted and additions 
that will he nec asary to co.-.nlet© the area in a 
satisfactory manner - it being definitely understood 
thrt the Contractor perform all contract vork and effect 
any adjustments necessary between that work and the new 
work to be performed. 


*4 , 4 Xn amittlng the new partitions originally apeci- 
fied it beconoa neceeeery to fur out a space between 
center column in the area end the freight elevator hatch¬ 
way in order to incase number of flues ant duct© that will 
he exposed idien the M & R Vault le removed, 

This charge also Includes painting and plastering of 
new furred ores and *1 o provides for a new rop ceil¬ 
ing, plastering and pointing over the old U & n Vault wh*n 
it is removed. This additional work &'ounts to $83,62, 


2-Qfcisclone Ingot Vciting toac* 5/1/ 6 


Then trie amount In taken from the net omloion* 

Of $397*98, we arrive ft e net deduction of $314*36 
for the or<lr>«!on and adjust «;nts in this particular area# 

A careful check of the itemization cover trig this 
work *b i the conditions to be treated, he a bee n made 
by the writer anu I find the Contractor** figures fair and 
reasonable for the items Involved and hereby recouKum 
th t the vork be omitted os described herein* 

The Hint 'Superintendent recues tai theso owtsslons 
on Jan aery 21, 1936 and. the writer transmitted suae under 
date of February I t, together with tha sketches indicating 

the desired re-arrangement♦ 

Tours very truly, 

Jcarna )• Owens 


Const .'lie i t or. h -i re er » 



MCFARLAND, president 
M<rMURTRYjVicc prisiocnt 


T J M c HALLY, treasurer 
F E SMILEY,5ECRETARr 


J A MEYER asst stCY 




B^I! a™ d ,Vahnish M 


JOBBERS OF 



Plate and Window Glass 


OFFICE AND SALESROOMS 
1533 - 39 ARAPAHOE ST 


ESTABLISHED 1669 
PHONE TA. 5231 


DENVER, COIX). 

April 17,1936 


F. J. Kirchhof Const. Co., 
700 Lawrence Street, 
Denver, Colo* 


iie; D. S. Lint - Denver,Colo* 

Gont lenen: 

If the borrowed lights end ioors lights are 
o.r.itted in partition No. 10 you may deduct 
the sum of T^-enty-eight Dollars (<,28.00) 
from our bid* 


Yours very truly. 


im MC KURTRY HFG. CO. 


Zu. 



R7TC*V 





PHONES 

KEYSTONE 7021 
YORK 3809 
YORK 6123 


WALSH BROS. 

Plastering and lathing contractors 

950 OSAGE STREET 

DENVER. COLO... Aprn 14 1936 NM 


?•J.Lirchnof Con. Co* 

U*S*MINT extension 
Denver Colo* 

TRt oroposa to Plaster & Cornar Bead proposed changes at Ifeult 


Adjoining Ingot Malting Room. 

Credit Omitting T«C* u a»tiona 170 Sq Yds 0 *75^ .. v 127*60 

Extra Partition & Ceiling 60 Uq Yds *75/.. $ 46.00 

*» Bead 12 Lin Yt *10/ *••• 1*20 

*46*20 

10 °j» Overhead •••••• 4*62 


10^ *rofit 


Set Credit for change 


50*62 

5*06 


56*90 . ... 

65*90 


$ 71*65 












} If) HfJ 


FRANK KIRCHMOF, PRe*«oeNT 

C F STAHL, VICE president LOUIS ANDERSON, SECRETARY 



BAN K, e^FICE AMD; STOfijE FIXTURE© 

INTERIOR FINISH OF ALL KINDS 
1232-46 ARAPAHOE STREET 

DENVE R, COLORADO 


firaril 16, 1936 


. J. Kirchhof Construction Co. 
eventh and Lawrence Streets 


.Denver, 


Colorado 


Gentlemen: 


Regarding U. S. Mint, Denver, Colo. 

If wood door and wood trim in partition 
105 is omitted deduct i’orty Seven Dollars ($47.00). 

Tour8 truly, 

THE JttSRXttAN FIXTUHE CO. 



GTJjEWS 



















